THE 


CASE 


OF FHE 


SURVEY OR concerning the Fabrick of $f. P A U Ls 


5 mae H E Defign of the preſent Work of the Cathedral of St. Pan/'s was 
33 | [$29 begun upon a Plan approv'd by King Charles the Second, and aſcertain'd 
S64.| [9g by his Sign Manual, after ſeveral others had been prepared by the 
25% Surveyor, and ſome of much leſs Expence. 

In purſuance of this ; a Commiſhon was granted under rhe Broad- 

urveyor was then pponey for the Management of the Deſign thus 
fix'd, and other Officers were joyn'd to him for the more regular Accounting ; they 
being a Check upon nim, as he is upon them. And although the Act for Rebuilding 
the ſaid Church, places the Power of Iſſuing out Moneys in the Three ſuperior 
Commiſhoners, vis. the Lord Arch-Biſhop of Canterbury, Lord Biſhop of Londen, and 
Lord Mayor of London, or any two of them; yet they act in conjunction with the 
other Commiſſioners as to the direction of the Fabrick, and the Surveyor is wholly 
ſ\ubject to their Orders accordingly. 

Therefore it is not in the Surveyor's power to accelerate or retard the Work. 

It cannot be ſuppoſed that the Work hath been ſlackned, ſince their Lordſhips 
have Advanced above 2 o0o000l. under their Hands and Seals (which they had power 
to do) and beſides, the Workmen and Merchants have a greater Sum due at this 
time for Work and Materials. | 

The Surveyor's Allowance. is 2ool. per Annum, without Perquiſites, and it was 
acknowledged-by the Commiſſioners at the firit Settlement, that it was too little 
for the pains and care he was perpetualy to undergo, in preparing Contracts, Eſti- 
mates, Deſigns'of all-parts for every Workman, andin Examining all the Bills and 
Accounts which make-many thick Volumes in Foko; yet in a Publick and Charitable 
Work he chearfully acquieſced in that Allowance, and _ he {hall not be diſcou- 
raged, but lcſt to the Diſcretion of the Commiſhoners; fince the greatneis of the 
Deſign, and the preſent dearneſs of Materials is the cauſe of lengthening the time of 
Finithing, which will be now protracted alſo by reducing the Income 

_ Firit, By the Preſent Debt and Intereſt. 

Secondly, By one third part taken off for the Orphans. 

Thirdly, By a ſixth of the remainder for the Abby. 

Fourthly, By a farther part, not exceeding a fifth of that Remainder, ſor ſome 
Parochial Churches not Pertected. 

Fifthly, By an Allowance to the Church of St. T homas Southwark. 

All which Deductions ſo reduce the Income, that little above one third is left for 
St. Paul's of what uſed to be laid out upon it, ſo that for the future it cannot be ex- 
pected to be carry'd on with like Expedition as it has been at the beginning, and yet 
as much or more trouble remains to the Surveyor, the Work being every Winter 
to be Covered. 
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